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Message Text 


LIMITED OFFICIAL USE SINAI 1561 

CORRECTEDC OPY (MRN 1561 VICE 3043) 

E.O. 11652: N/A 
TAGS: OGEN 

SUBJECT: PENDING ITEMS 

REF: STATE 193188 

1 . STATUS OF SUBJECT ITEMS FOLLOWS: 

2. SENSOR LAYOUT PROPOSED BY WALLEN IS SATISFACTORY. ESY 
INTENDS COMMENCE INSTALLATION AUGUST 18 AND EXPECTS FINISH 
AUGUST 22. RELAY SITE TESTED AND PROVED ADEQUATE. NO SENSORS 
WILL BE PLACED WITHIN ONE KILOMETER OF J-LINE. ANSWER ON 
THESE LINES SENT SINAI 1469. 

3. PHYSICAL SECURITY PLAN AND E AND E PLAN (ROUTES AND 
RELATIONSHIP TO UNEF) BEING RECONSIDERED AS PART EVALUATION 
OF BROADER RANGE OF THREAT POSSIBILITIES. EXPECT SUBMIT 
DRAFT END AUGUST. SUBJECT COVERED IN HUNT TO KONTOS LETTER 
JULY 30. 1977. 

4. NO CHANGES BEING MADE IN HOOK UP OF C AND R GENERATOR 
PENDING POSSIBLE PERSONAL COMMUNICATION WITH OC BY DIRECTOR. 

5. SEPARATE CABLE WILL BE SUBMITTED ON PROTECTION OF 
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TELEPHONE CABLES. 

ROBERTS 
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